1 

2 

3 

4 

5 

6 

7 

8 

9 

10 

11 

12 

13 

14 

15 

16 

17 

18 

19 

20 

21 

22 

23 

24 

25 

26 

27 

28 

29 

30 

31 

32 

33 

34 

35 


BILL NO. S-74- 11-03 


SPECIAL ORDINANCE NO. S- 


/// 



AN ORDINANCE approving Change Order No. 3 
in connection with St. Joe Interceptor 

BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT 
WAYNE, INDIANA: 

SECTION 1. That Change Order No. 3 to John Dehner, Inc. for drain¬ 
age structure removal and miscellaneous work in connection with St. Joe Interceptor 
Sewer in the total amount of $15,580.00, as set out in the specifications is hereby 
in all things ratified, confirmed and approved. 


SECTION 2. This Ordinance shall be in full force and effect from and 


after its passage and approval by the Mayor. 



Councilman 














Read the first time in' fuH and oa motion by 

1 


seconded by 


f: - £ 


to the Committee on 
GosnrLsaian for re. 
at CouaciLCiia 

tits 


j ^rirj duly adapted, read the second time by title and referred 

(agdrtjxy^fetF Plan, 


-»aB,dnotice. 



CITY. CLERK 


Read the third time in 'full and on motion, by 



seconded by 


Passed £&SS&) by the following rotes 


s and duly adopted, placed on its passage. 


■ ; . AYES 

BURKS 
HmGA 
MAUS 
MDSES ' 
BSFCKGLS ’ . 
SSEMTDT, D. 
SCHMIDT, V. 
STUB, 
TAL&RIGO 
DATE: 



mis 


ABSTAINED 


ABSENT 


to-wit: 


U 



CITY CLERK 

Passed and adopted by the Cotton Council of the City of Fort lays®, Indiana, 
as (Zoni5^1fep^^€e2Sra.T)'~t'fflniStxbn) (Special) ( 



CITY CLERK " PSESIDIIiG OFFICER 

Presented by me to the Ifeyor of the City of Fort ¥ayne, Indiana;/on the 
day of 19 7 ( /j r , at the hour o f%c d clock 


• _M.,E»S.T. 



CITY CLERIC 


Approved and signed by me this 
• «y o’ clock 


.day of 


d 


197 


at the hour of 


_M. ,E»S. 













































































S-74-11-03 


Bill No. 


We, your Committee on 


REPORT OF THE COMMITTEE ON FINANCE 
Finance 


to whom was referred an Ordinance 


approving Change Order No. 3 in connection with St. Joe Interceptor 



pATF jf^'^ ’ cHARLES W. WESTERMAN, CITY CLERK 


(f / CONCURRED IN 
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C-180-475 


CONTRACT CHANGE ORDER 


Change Order No. 
Project No. 
Location 


St. Joe Interceptor 


To:_ John Dehner, Inc. 

(Contractor) 


Gentlemen: 






Resolution No._ 266 _ 

Board Order No. 72-1972 _ 

Dat e August 12. 1974 _ 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 


Item No. 

Description of Change 

Change in Contract Price 

Quantity 

Description 

Unit Price 

Decrease 

Increase 

33 

1 

Drainage Structure 

Removal & Misc. Work 

$15,580.00 


$15,580.00 































Total Decrease 

Total Increase 

Net (Heoc&ftSia) (Increase) Contract Price 




15,580.00 


15,580.00 


The sum of $ 15,580.00 is hereby (added to) the total 

contract price and the final contract price shall be in accordance with the specifications 
of this project. 


The time provided for completion in the contract for this project is $mnissaaxgasi) (increased) 
(&3333&3&I) by _15_ calendar days due to this Change Order, Furthermore, this 
















































DIGEST SHEET 



TITLE OF ORDINANCE SPECIAL ORDINANCE 


J- 7¥-*/-oa 


DEPARTMENT REQUESTING ORDINANCE BOARD OF PUBLIC WORKS 


SYNOPSIS OF ORDINANCE After construction of the sanitary sewer crossing Swift Drai n, 
it was fou nd the concrete drainage structure holds silt and debris causing conside rable 

maintenance. By removing this structure and bridging the drain (allow drainage to 

settle in the natural ditch area) the problem will be remedied. 


John Dehner will provide the necessary work at an additional cost of $15,580.00, 

which funds will be available under the EPA Grant. 


EFFECT OF PASSAGE Elimination of a sure maintenance problem. 


EFFECT OF NON-PASSAGE Failure to construct in maintenance-free manner. 


MONEY INVOLVED (Direct Costs, Expenditures, Savings) $15„580.00 financed by EPA 
Grant. 



ASSIGNED TO COMMITTEE 



































